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1 October 1958 
SUBJECT: Continuation of Work on "C" Configuration 
TO: Contracting Officer 


The attached memorandum summarizes the meeting held at this 
Headquarters on 2 October 1958 to discuss progress made by Perkin- 
Elmer and the Hycon Corporations in improving the "C" Camera 
configuration. In confirmation of a verbal go-ahead given to the 
Perkin-Elmer Corporation at this meeting, it is requested that the 
period of performance on Contract No. H¥-32-27 be extended to 
31 December 1958 to allow the contractor to continue the develop- 


sit ment of this program. A statement of work covering this period 
is being prepared and will be forwarded to you upon receipt. 
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SUBIBCFs Minutes of *C* Conference of 2, Ootober 1958 
“ds Persons in attendance: 
ce ASC, Hq AMC 
Det. #1, Hq ARDC 
Hg USaP 
Hg Gar 
Ferkin-aimer 
2 
LA 
J 
2. The reliadility phese of the oxtenied °C" effort was contract~ - 
ually Limited through 2 Oct 55. A conference to discuss as made 
and the future eligneent of this program wes held on 2 Oct 50.- - The 
continued development and expenditure rate of approximately __] 25X14 
per month bes on three cecasions been discueged in detail] with Colonel 
Richexd Wale, DCS/M, Hq War. All persons concerned agree thet the effort 
should Be gontinued. Ben eter ot - 
. gethe program period Just, eoneluded originally gnvisioned @ 0 
a -penadbtatty pease Tor ‘the *0* Gaberes. Four *C# operational wissions we "! 
‘to be goheduled conourreptly with four *B* Camera misdions in order that. © 
- gomparative data could. be presented to. SAC for their evaluation as to ite - 
--: qpexratiopel-value and also ge afford the hO20th Speciel Reconnaissance”. - 
- "Squedsehcan. opportunity to ferespe the ‘operational, maintenance, training, | 
ma progeading requirements stteniant “AC* wont iguret fons © : fe. 


of resolution hevwe been pinpointed, 
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; 4 yok By Phe conference of 2 October primarily consisted of discussions | 

» «Of future effort. It is my opinion thet continued short pericds of 

: performance ere unecouosical from a contractual etanipoint and a]so 

;  S-undlesieable from the contractor's standpoint. Therefore, it was determined 
; . | that a new phase of °C" development would begin on 2 October through the 

: ‘period 31 December 1958. A statement of work for thie period bas not 


been completed; however, it is generally envisioned to sonsiet of ont, 

a portion of this ;eriod devoted to pure R&D, R&D Studies of the probles. 
arens today identifiei, 1.¢., shutter redesign, better focus, vitration 
dsoletion, IMC, szxpesure cornvroi, atoey @ second phase of thi- . 7c gren 
dawoted to flight testing the resuits of ths R&D Studies acl inproveanm nts; 
end e third phase to again etienpt to determine the reldebilic: of the 
camera arn a system. ibis 6ifert is eatimated to cost appreximete*) 
415,000, 


6. Gopeurrant sith the «bore, prediminary planning bo eee so 
in order that the (Ucdth Special Heaconnaissence Squadron cen os iv a BU 
to ecoept this camere as & wervics test item at such time tnr 2 oj Soss 
‘fenaible. Training programs ere veing devised, materiel supy oft ‘2 oeing 
studied, and facilities have been evaluated. It apreers that in the 
event *C* Camere in considered relisble enough to enter into 4 earwice 
teat program by 1 January, the QUZSth SHS would be in & pos:ticn oF oT 
about that date to sutdisfactorily support the effort. 


7. In the event thet “.° Grunera configuration feils tc inprove 
saterfally during this prograw, it is the intent of this office to again 
evalunte the requirement with the appropriete headyuarters. Unitsr 6 
. etrong requirement exists ror this type of equipment, a recommendation 
for caposlletion of this effort will be made. 
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